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Message Text 


UNCLASSIFIED 

PAGE 01 CARACA 12301 261943Z 
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ACTION ARA-10 

INFO OCT-01 ISO-OO EB-07 /018W 

047643 

R 261838Z NOV 75 
FM AMEMBASSY CARACAS 
TO USDOC WASHDC 
INFO SECSTATE WASHDC 1023 

UNCLAS CARACAS 12301 

E.O. 11652: N/A 
TAGS: BEXP, VE 

SUBJ: FOREIGN GOVERNMENT TENDER-PREQUALIFICATION-TWO TUNNELS 

1. THE VENEZUELAN MINISTRY OF PUBLIC WORKS IS BEGINNING 
PREQUALIFICATION PROCEDURES FOR DOMESTIC AND FOREIGN FIRMS 
INTERESTED IN THE CONSTRUCTION OF TWO HIGHWAY TUNNELS FOR 
A NEW FREEWAY BETWEEN SAN CRISTOBAL-LA FRIA. 

2. BID NO. L-75-V-3: "PALO GRANDE" CALLS FOR TUNNEL CONSTRC- 
TION AS FOLLOWS: 

(A) LENGTH 4,300 METERS, TWIN TUBES EACH WITH TWO LANES, 

PLUS LATERAL SHOULDERS, CROSS SECTION APPROXIMATELY 75 SQUARE 
METERS; EQUIPPED WITH FORCED VENTILATION SYSTEMS AND TWO 300 
METER VENTILATION SHAFTS. 

(B) TOTAL EXCAVATION THROUGH ROCK ESTIMATED AT 670,000 CUBIC 
METERS. 

(C) ESTIMATED VOLUME OF NON-REINFORCED CONCRETE LINING 120,000 
CUBIC METERS. 

CD) TOTAL VOLUME OF REINFORCED CONCRETE: 40,000 CUBIC METERS. 

(E) DRAINAGE SYSTEM, ANCHORS, WATERPROOFING AND DUCTS. 

(F) THREE VENTILATION PLANTS WITH AIR INTAKES AND EXHAUST 
CHIMMEYS. 

(G) EXCAVATION IS THROUGH RATHER HARD LIMESTONE WITH SEVERAL 
LAYERS OF LUTITE. 

3. BID NO. L-75-V-4: "SAN PEDRO DEL RIO” CALLS FOR TUNNEL 
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(A) LENGHT 480 METERS, TWIN TUBES EACH WITH TWO 3.65 METER 
LANES WITH LATERAL SHOULDERS, CROSS SECTION 70 SQUARE METERS 
WITH FORCED LONGITUDINAL VENTILATION. 

(B) TOTAL ESTIMATED EXCAVATION: 70,000 CUBIC METERS. 

(C) TOTAL NON-REINFORCED CONCRETE LINING: 10,000 CUBIC METERS. 

(D) TOTAL VOLUME OF REINFORCED CONCRETE: 2,200 CUBIC METERS. 

(E) DRAINAGE SYSTEM, ANCHORS, WATERPROOFING AND DUCTS. 

(F) EXCAVATION MAINLY THROUGH SANDSTONE. 

(G) VENTILATION BY BLOWERS WITH REMOTE CONTROL. 

(H) ILLUMINATION. 

(I) ALARM SYSTEM AND TELEPHONES. 

4. INTERESTED FOREIGN FIRMS MUST PRESENT A LETTER EXPRESSING 
THEIR INTEREST (USING OFFICIAL VENEZUELAN FORMS). THE FOLLOWING 
DOCUMENTATION, IN SPANISH, MUST ACCOMPANY THE LETTER: 

(A) CONSTITUTION AND BY-LAWS. 

(B) LIST OF PERSONS AUTHORIZED TO MAKE WRITTED COMMITMENTS ON 
BEHALF OF THE FIRM. 

(C) CERTIFIED BALANCE SHEET FOR THE LAST THREE YEARS. 

(D) PROFIT AND LOSS STATEMENT, LISTING DEBTS AND CREDITS, 

FIXED ASSETS, INVESTMENTS, SHARES IN OTHER FIRMS, ETC. 

(E) VENEZUELAN TAX SOLVENCY STATEMENT. 

(F) COMMERCIAL, BANKING AND FINANCIAL REFERENCES. 

(G) LIST OF TECHNICAL PERSONNEL AND THEIR SPECIALITIES. 

(H) LIST OF WORK ON SIMILAR PROJECTS, PRIVATE OR PUBLIC, 

EXECUTED, BEING EXECUTED OR CONTRACTED FOR WITH TOTAL PRICE 
FOR EACH. 

(I) LIST OF COMPANY-OWNED EQUIPMENT WITH APPROPRIATE DETAILS. 

(J) ANY OTHER INFORMATION WHICH THE INTERESTED COMPANY CONSIDERS 
GERMANE. 

5. THE ACCEPTANCE OF PREQUALIFICATION DOCUMENTS WILL TAKE PLACE 
AT 10 A.M. ON FEBRUARY 16, 1976 IN THE SALON DE LICITACIONES, 

DIVISION DE LICITACIONES, MINISTERIO DE OBRAS PUBLICAS, LOCAL 5, 
EDIFICIO SUR, CENTRO SIMON BOLIVAR, CARACAS. 

ASENCIO 
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